1628                                 UNIT  CONSTIUTCT10N   COSTS
to place by use of a single pulley and hand rope. When laid in position it was wired to the purlins with No, 10 wire. The segregated account stands as follows:
Bergor plate ....... , ......... ....... ..... .......   $2,002.25
Wire .............. ..... ........ . ....... . ..... -   .          20.41
Tools, etc .......... ........... .......... . ......          80.f>2
(See Fig. 56.)
Account 9003.61~Roof Concrete.
This account covers the concrete placed on the roof. It was hoisted to the eaves at various places and transported to position in hand buckets. The concrete was hand mixed, 5 sand and gravel to I cement. The top finish was not used, but the concrete was straight-edged to proper level and troweled as smooth as possible. (Hen* .Kig. 50.)
Account 9003.52— Roof Tar.
This account covers the cost of the material below, and the labor used in applying it to the roof. A composition of tar, cement and eoul oil was made and painted directly upon the concrete roof in mi effort to make it waterproof.
11 barrels of tar, ..,,,,...,...       . .   .                ...   $11,1.74
7 sacks cement, ,.,.,...   .   . . ......     .       .   ......        4,9f>
54 gallons coal oil .....                                                . .        (\. 48
Miscellaneous. ,..,..,,, ....... ,...,,.    .           . . , .        2.f>0
$127.7;*
Account 9003.63 - Roof Down Spouts and Tile Drain.
This covers the cost of the material used in 10 down spouts and drains, together with the labor employed in erecting them. The down spouts are 4-in. galvanized iron Hpouts which, after leaving the gutters, pass directly through a hole prepared in the building wall to the inside of the building, and thence to the basement floor. At this point they enter a 4-in. vitrified sewer piper which in laid beneath the floor discharging into the drain down the center of the building. The material account stands as follows:
355 ft. 4-in. vitrified newer pipt*. ...,.,..,:.,,,,..,,. $117,90 550 ft, 4-in, gnlvanixod iron drain pipe*. . .                     ,      00.87
MifjcollaneouH. .........,,...,.,..        .             .         ,      ttl ,67
1240,44
Account 9003.54— Roof Painting Underside.
This account covers the eo«t of the paint material, brushes, scaffolds, etc., together with the labor required to paint the underside of theain Floor Columns, Thin account covers the cost of the material, fabrication, and labor of
